PM3006735853 


EHCK6/01/03 (AA02S81) TIMELINES 


ACTIVITY 

Responsible Team 

Dayc to 
Complflta 
Task 

Current Target 

Completion Adjusted Target 

Dates Completion Date 

Actual 

Completion 

Dates 

-- 

Comments 

Final CCSR released by QA 

MDS 


30-56P-03 


30-Sep-03 

Updated due to the addition of protocol deviations, QA approved 

02 Aug 04 

SAP Finalized 

MDS 


i m rm 


H£iEI&JSL£H 

.... 

Creatinine Re-assay results available 

MDS 




29-Jun-04 


Run Bioplausibility and send results to Philip Morris 

MDS 


■KrM’ilt* 




Bioplausibility results accepted 

Philip Morris 


i3r*nirciiXBP 


■ i"|l H 1 -Mfc 

.... 

Final TLGs Created and sent to Philip Morn's 

MDS 




06»JUl-04 


Philip Morris review of final TLG's 

Philip Moms 


Q6-Jut-04 


0G-Jul-04 


Final Tl.Gs Accepted 

Philip Morris 


07-JUI-04 


04-Auq-04 





- '-— 



. - — 

Write COHB results 

MDS - Prasad 

2 

25-Jui>04 


25'Ju(V04 


Peer ac 

MDS 

2 

29-Jun-04 




Director Review 

MDS 

2 

01-Jut-04 


■BSSEl!£H 


Send to PMSM 

MDS 

1 



■ifflSKEMI 


Comments back to MDS from Philip Morris 

Philip Morris 

1 





Finalize COHB section 

MDS 

1 

■i li'irttn 




Write HB Adducts results 

MDS - Prasad 

7 

29-Jun-04 

— 



Peer QC 

MDS 

\ 



29-Jun-04 

_ 

Director Review 

MOS 

1 

OI-Jul-04 


06-JU1-04 

_- 

Send to PMSM 

MDS 

1 

02-Jul 04 


08-Jul-W 


Comments back to MDS from Philip Morris 

Philip Morris 

1 

Q6-JO1-04 


15-JUI-04 

- 

Finalise HB Adducts section 

MDS 

1 

07-Jul-04 


20-Jut-04 








. 

Writs HDL results 

MDS • Prasad 

2 

30-Jun-<?4 


29-Jun-04 


Peer QC 

MDS 

1 



3Q-Jun-04 


Director Review 

MDS 

1 

IB min B 


OS-Jul-04 

. 

Send to PMSM 

MDS 

i 

O0-Jul-O4 


0G-Jul-04 


Comments back to MDS from Philip Morris 

Philip Morris 


07-Jul-04 




Finalize HDL section 

MDS 

1 

08-Jul-O4 


20-JUI-04 









Note: The following sections have also been finalized: Cotinine and Butt Filter Nicotine 





20-JUI-04 





, r M 




Writ© Topography results 

MDS - Prasad 

2 

1—ilWfllfffl ^-v; : 


09-Juf-04 


Peer QC 

MDS 

1 



09-Jul-04 


Director Review 

MDS 

1 

06-JU 04 


UNK 


Send to PMSM 

MDS 

1 

07-Jut-04 


?«.. h il.ru 

Entire set re-sent 02 Aug CM 

Comments back to MDS from Philip Morns 

Philip Morris 

1 

08-Jul-04 


• ,’fi'F V'ri { , 1:: 


Finalize Topography section 

MDS 

1 







HM Hi 




Write 3HPMA results 

MDS - Prasad 

2 



09-Jut-04 


Peer QC 

MDS 

1 



MEjSEEMI 


Director Review 

MDS 

1 



UNK 


Send to PMGM 

MDS 

1 ' 



TrUfuUid 

Entire set re-sent 02 Aug 04 

Comments back to MDS from Philip Morris 

Philip Morris 

^ t 

14,Jul-04 




Finalize 2HPMA section 

MDS 

i 

15-JUI-04 










Note: The following sactrorts have been sent to PM USA: hematolOQV. SP. pulse, weight, ETS 






Entire set re-sent 02 Aug 04 

Note; ETS section sent to PM USA and approved 





IKSBE31 







tmmmm 

. 


i 



Source: https://www.industrydocuments.ucsf.edu/docs/rgpx0001 
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